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Contract No . NH-1420 
Amendment No . 2 


7 JAN 1964 

Sanders Associates, Inc. 

95 Canal Street 
Nashua, New Hampshire 

25X1 A 

Attention: 

Gentlemen: 

"t. 1. This document constitutes Amendment No. 2 to Contract No. 

NH-1420 between Sanders Associates, Inc., and the United States of 
America. 

2. Pursuant to the clause of this contract entitled "CHANGES" 
and mutual agreement between the parties hereto, it is in the interest 
of the Government to amend the contract as follows : 

(a) PART I, CONTRACT WORK , of the Schedule to the 
contract is amended to include the changes and additions to the 
work scope as set forth in the attached APPENDIX I. 

(b) PART II - PERIOD OF PERFORMANCE, in the contract 
schedule as amended by Amendment No. 1 is deleted and the following 
is substituted therefor: 

’W' "PART ir*-’ PERIOD OF PERFORMANCE 

The period of performance of work under this contract shall 
commence on or about 15 September 1962 and shall expire on 15 
February 1964, however, such period of performance may be extended 
by mutual agreement between the parties hereto." 

(c) PART III - ESTIMATED COST AND FIXED-FEE , in the 
contract schedule as amended by Amendment No. 1 is deleted and the 
following is substituted therefor: 

"PART III -ESTIMATED COST AND FIXED-FEE 
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a. The estimated cost of the performance of this contract, 
exclusive of the fixed-fee, is 
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The fixed-fee for 


c. Notwithstanding the foregoing and in accordance with the 
provisions of Clause 35, LIMITATION OF GOVERNMENT'S OBLIGATION, in 
the General Provisions o f this contrac t there has Been allotted to 
this contract the sum ofl 


3. All other terms, conditions and requirements of Contract 
No. NH-1420 as amended remain unchanged. 

4. Please indicate your receipt of this Amendment No. 2 to 
Contract No. NH-14-20 and your acceptance thereof By executing the 
original and two copies of this amendment. Return the fully executed 
original and one copy of this amendment to the undersigned and retain 
the remaining copy for your files. 
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Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 



TITLE Manager of Contracts 


DATE 


1-13-64 
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I— B— 1 The Program 

consist of three parts which include evaluation and target dates 
for completion of work as follows: 
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25X1A d. Whilenotaspecific requirement of this APPENDIX I, 

ilar to a,, above, may be under- 


taken pursuant to mutual agreement between the parties hereto and 
within the monetary limits of this contract. The target date for 
completion of this evaluation, if undertaken, is 6 January 196-4. 
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P. 0. Box 232 
Nashua, New Hampshire 
15 January 1964 

25X1 A MV-199 



Enclosed herewith are the acknowledged original 
and one copy of Amendment No. 2 to Contract No. NH-1420. 

In accepting this Amendment, Sanders wishes to state 
its best estimate of the actual dates as opposed to the 
target dates for the three parts of the Program of Appendix 
I to the Amendment. 

These dates are: 

Part a. - 1 March 1964 
Part b. - 1 March 1964. 

Part c. - 20 January 1964. 


Very truly yours, 

25X1 A SANDERS ASSOCIATES, INC. 
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